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DPD~ §453~61 
& September 1961 


25X1A 


25X1A 
Attention: 


Subject : Expanded AR Research Program, Including Technical 
Supervision and Cperation of Gevernment-Owned 
INS AR Model Renge Facilities 


Gentlemen: 


This will confirm Headquarters discussions held on Septenier 5 
and 6, 1961, and constitute autherity for you to proased on an 
expanded AR Research Pregrem, in general conformance with your /* 
Reasearch Program proposal cated August. 11, 1961, utilizing for t*is 
purpose the facilitics of « Governmenteowned AR Model Range to t+ 

25X1A — eatablished in This expanded work scope inelwies 
technical a blishment of and inatallation ¢f 
equipaent in the AF Model Pange facility at INS, as well as st. 
sequent maintenance and operstion thereof through June 30, 1962. 


An amendment will be fertheoming to Contrast No. CC-28441 
covering this expanded effort and inoreaging the estinated econtrect 
cost for the period ending June 30, 1462, by an amount of $164,774.°°. 
and increasing the fixeé fee by an amunt of $9,451.0C, This fee 
increase in predicated upen your having in your employ and benef tcialh: 
utilised for operation of the AR Medel Renge, the following lave! of 
personnel effort through June 20, 1962: 


@. 22 man-months supervisory ani/or electronic nsintenance 
engineers. 


be 24 man-months electronic and/or electro-mechanical tact ri- 
clans. 


The above estimated cost ¢f }168,324,00 breaks down as follews: 
1. Direct operating costs Ak Model Range $7! ,144.60 
(ineluding. six man-months of a theereties] circuitry 


engineer, $7,000.00, and equipment refinerent costt 
estimated et 515,000.00). i f 


SECKE! 
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Ze Equipment fabrication costs $44,000.00, 
3. Equipment procurement 39,180.00. 
4, Model stenti $16,000.00. 


IHS site rehabilitation ami construction costs, estisated at 622,000.00, 
will be funded outside the present contract, 


AS per our disoussions, «a uontiily report covering ali wk 
aceomplished shall henceZorth be submitted in duplicete te Beidqucrt ve. 


The forthcoming ammdzent covering this expanded scope o:' worl: 
will contain a list of Uovernment-furnished equipment with provision. 
however, that such equipment may be procured under this sont ch upo: 
determined unavailabiiity thereof direct fron Government soerres. 
Likewise, authorization is hereby given for your procurement (f nece sé. 
Alfred equipment not to exceed $12,900,00, sush equipment having bee: 
determined as wiavailibie from Gevernment sources, 


There is hereby obliguted to dontract Ne. CC-2Sth1 an admitiona 
$160,000.00, the balance remaining subject te availatility of funds 
for this purposes. 


ery truly yours, 


25X1A 


Jontracting Officer 


SECKET 
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